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Arlington Town Yard Facility Construction 





Work hours: 7:00AM-3:30PM 
ia, al 2 Weekend work will be on an as 

| on needed basis 

On-site assistance contact: 

Mike Dupuis 

Commodore Builders 

mdupuis@commodorebuilders.com 


C: 508.294.3836 
| ete lino nee) Phase 1 & 1A Building Construction: May 2021 — October 2022 
Construction updates will be 


provided monthly and posted at: SRER TOR SDEWAN 


PERMIT For PHASE 1A a 
[[arlingtonma.gov/projects. 


They will also be included in Town of 
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Arlington Notices (email). You may = 
subscribe to Town Notices at: /_\ORaTRUCTION 3 


Construction Details 
Phase 1 & 1A shall include as eee 
complete demolition of existing bo caren | 
structures as shown, and i alacant 
construction of Building 
A, Building E, the new connector 
b/w Buildings A & B, the new Salt 
Shed, and the new Fuel Island. 
Also included is the emergency 
generator, associated utilities, 
underground electrical ductbanks 
b/w Buildings A, B, C, D, E; the new 
transformer. 
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Construction Safety 
The health and safety of the 


community and workers on-site are 
of the highest priority. There will be 
continuous air monitoring and dust 
control in place with misters. 
Commodore safety department will 
undertake regular safety visits. 


Construction 4 Week Look Ahead — Starting Week of July 19°", 2021 
The above layout identifies demolition areas in the work site and impacts along Grove 
Street. Additional work to be performed in the upcoming weeks includes: 
Construction Activities: 
> Demo of Salt Shed buildings — starting July 21*t, 2021 
> Demo and removal of windows at building A 
> Interior demo at building A 
> Demo concrete walls above pavement 
> Site electrical make safe 
Public Impacts: 
> Sidewalk closures on Grove street 
> DPW parking lot to be closed in the next few weeks 
> Field adjacent to the DPW parking lot to be closed to public 


| @]Semmatore © SYDNEY Weston) 


Build ers PROJECT MANAGEMENT 


COVID-19 Update 
There will be daily check-ins for 


COVID and all state and federal 
guidelines will be followed. 


Commodore Builders Sydney Project Management Weston & Sampson 
General Contractor Owner’s Project Manager Architect 
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Progress Photos — Taken Week of 7/12/2021 
Phase 1 — Demolition at Building A 
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